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BILL NO. S-85-06-45 


SPECIAL ORDINANCE NO. S- AES 


AN ORDINANCE approving Change Order 
#1 - Res. 410-85, Evard Road- 
Ramblewood Drive Pump Station, with 
T-G Excavating, in connection with 
the Board of Public Works and Safety. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #1 - Res. #410-85, Evard 
Road-Ramblewood Drive Pump Station, with T-G Excavating, in connec 
tion with the Board of Public Works and Safety, for: 

Change Order #1 - Res. #410-85, Evard 

Road-Ramblewood Drive Pump Station is 

a completion Time Change Order which 

due to delays in relocation of exist- 

ing utilities, the contractor requested 

a 120-day extension for completion of 

this project; 
(no money is involved), all as more particularly set forth in the 
spectifications, and which is on file with the Office of the Board 
of Public Works and Safety, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 









Yuce O. Boxberger, City/Attorney 


Read the first time in full and on motion by Kenig 


seconded by K bet + and duly ad read the’ second time 


by title and referred to the Committee Ld (and the Cit: 
Plan Commission for recommendation). and Public Hearing to be A ld after 
due legal notice, at the Council Cha g, Fort Wayne 
Indiana, on ‘day of 


19 aat o` ck Ma pest 
DATE: AE ETF EIR É 


SANDRA E. KENNEDY, CITY 


ime in full and on motion by E IP r 
LOD , and duly adopted, pl on its 

























Read the thir 
seconded by 








passage. PASSED —~ (165) by the following vote: 
AYES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES | x VA 
BRADBURY — 
BURNS ee 
Ca 
EISBART 
‘ eae 
GiaQUINTA 
HENRY aa 
REDD i 
SCHMIDT ae 
STIER ae 
TALARICO L 
DATE: mes 2 Ie AIET PRS P Tieg. 
Pe aa 2 SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as y APPROPRIATION) GENE ; 


(SPECIAL) (ZONING MAP) ORDINANCE NO. -Z AO: PA 








on the say day of 
| ATTEST: 


; nate 22 
SANDRA E. KENNEDY, CiTY CLER 
Indiana, 


19 to— 


ort Wayne, 


r 


SANDRA E. KENNEDY, CITY 


Approved and signed by me this BLE aay of 


19 ose, at the hour of 5 ii o'clock 


WIN MOSES, JR., MAYOR 


CHANGE ORDER | a. eS 


Change Order No.1 Resolution No.410-1985 





Project No. pos EI i Shee es Board Order No. 1-1985 
Name of Project: Evard Road-Ramblewood Drive Pump Station Date: 5/22/85 
To; T-G Excavatin Inc. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Description of Change 


Change in Contract Price 


Description mit Price Decrease Increase 


Total Increase 








Net (Decrease) (Increase) Contract Price 

The sum of $ N/A is hereby (added to) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 

Original Contract Price N/A 

Current Contract Price Adjusted by Previous Change Order $ 

New Contract Price including this Change Order $ 
The time provided for completion in the contract for this project is WAR Řincreased) 
(derea by 120 calendar days due to this Change Order. The date for completion 
of all work shall be _3 August 1985 - Furthermore, this document shall become an 





amendment to the contract, and all provisions of the contract shall apply hereto. 


wee 
Recommended by: Chief Engineer Date 27255 
f a 


—_— 


Accepted by; f 12 I. Contractor Date 


Darei i <A vs 
Date _ I -29~ FE 


Approved by: 


Approved by: 





M T AE T E ae MC ne 


1. 


Change Order No._l 
Resolution No. 410-1985 
Board Order No. 1-1985 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:_ Due to delays in relocation of existing utilities, the 


contractor requeted a 120 day extension for completion of this project. 














Will proposed change alter size of the project? Yes No 


If yes, explain 








Affect on operation and maintenance cost of this project: 


None 
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r à } y EREE EEE A N 
TITLE OF ORDINANCE Change Order No. 1 - Res. #410-85, Evard Rd.-Ramblewood Drive Pump- 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 7 A1706 —/ 


SYNOPSIS OF ORDINANCE Change Order #1 - Res. 410-85, Evard Rd.-Ramblewood Drive Pump 


Station is a completion Time Change Order which due to delays in relocati 








of existing utilities, the contractor requested a 120 day extension for 





completion of this project. T-G Excavating is the Contractor for this 





project. 














a 


EFFECT OF PASSAGE Complétion of project. 








EFFECT OF NON-PASSAGE 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) None 


a IIIau 


ASSTGNED TO COMMITTEE 


N 
A. 
BILL NO. S-85-06-16 


REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) (RESQMUERKQN) approving Change Order 


#l - Res. 410-85, Evard Road - Ramblewood Drive Pump Station, with 


T-G Excavating, in connection with the Board of Public Works and 


Safety 


HAVE HAD SAID (ORDINANCE) (RKEXAKURX@N) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 










THOMAS C. HENRY 
CHA I RMAN 


JANET G. BRADBURY 
ICE CHAIRWOMAN 


‘ 


DONALD J. SCHMIDT 


JAMES S. STIER 


a z £ AL ALCHARLES B. REDD 
CONCURRED IN bj Eley Sa SANDRA E. KENNEDY 


CITY CLERK 


